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-RANONAL CAPDTAL PLANNING CovanrrmE® (CFC) 0 pit 


and 


wey 
NATIONAL CAPITAL REGIONAL PLANNING COUNCIL (NCREC) a 


Pebruary 2 


[) met informally with Me. John Nolen dys, Direater ICEC 
to discuss the D. C. Southvest Redevelopment Area, 


Nr. Nolen suggested that we discuss our entire elite problem vith 
Mrs Bartholomew, Chairman NOR. 


\9 Pebruary 1953 


Col. White, Mr. Garrison and[ | met tnformally with STAT 
Me. Bartholomew and Mr. Nolen rea alte selection, 


STAT 


The NCKC representatives did not favor our use of the Langley site 
end recommended that wa consider the M. W. Area (25th & E St.) and an 
area, in the vicinity of Bpringfield, Virginia. 


q Bas February 1953 
STAT | Messrs. Carrigon,| and Haggermon (ens) met with Me. Cardton 
Massey, County Executive, and My. C. BH. Schuman Jr., Chairman Fairfax 
County, Planning Comission re Regional, Planning Couneil approval of our 
use of the Langley site. 


The Fairfax County reprecentatives indicated theixs approval of our 
use of the Langley site. 


ok February 1955 


Col. White, Mr. Garrison and[” |met with the Northern STAT 
Vixginia Regional Planning Commission re our use of the Langley alte, 


The Commisalon made no commitment as to their position. 
23 Pebru 195 


Col. White, Mr. Garrison and] | met with Mr. Nolen re STAT 
formal, presentation to the NOM, 


Pate of 3 Merch 1953 agreed upon. 


wt ye 
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Merah 19535 


Col. White, Mr. Oarrieon ent[___________sate formal, presentation 
to the NCEC re sites and requested approval of the Langley alte. 


The ICRC appointed a comolttaa, Col. Lane, Mr. Spellman and 
Mr. Zach to etudy the problem and make a report of their findings. 
Li. March 1955 


Col. White, Me. Garrison and. mete formal presentation 
to the NORE? re sites and requested approval of the Langley elte. 


The NORPC appointed a committee, Col. Lane, Mr. Welle and 
Mh. Wehrley to study the problem and make & report of thelr findings. 
7 April 1955 


The NCR? approved the committee reports and then # Joint meeting 
with NORE was held. Col. White's letter of 4 April 1995 was read. 


A Joint conmittee (Col. Lanse, Mr. Strotel, Mr. Welle, Mr. Wehrley 
and Mr. Spellman) was appointed to review all aites within a reasonable 
radius and to make recommendations, 


25 Ap rid, 1953 
We met with the Joint comalttes to discues sites. 


A stete committees consisting of Mr. Conrad, Mr» Watt, Mr. Hunter 
and Agency represenvauives wae appointed to review eites and woke 
recoumendationa ta the Comnlttec. me 


| 26-27 Apri 1955 . he ge 


The star? committee conferred with various County planning mesbere 
ang enalyzed all sites under consideration. A report of thelr findings 
wad prepared for submiesion by the Committee to the NCPC and the NCR. 


3 May 1995 


The Regional Planning Counell approved the report. 


5 May 1955 


The National Capital Planning Commfesion approved the Joint . 
committee report. 
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STAT 


STAT 


The Committee pronented thelr report to the Regions, Flanning Couneit. 


— 
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April 7, 1955 


MODICRAERIK 70: Netional Capital Planning Comission 


sungeor a “Report on Bie Application for Development of sued near 
Langley, Virginia 


Le Your special conaltteo-has reviewed the proposal to _ 
locate CIA heniquartera on @ portion of the Public Hosda tract near Langley 
Coxners, Virginia. 


2. Tue future impact of the developrant upon adjacent 
arena and services has been reviewed with representatives of the Regional 
Planning Council. The ve@ical change in character of land use and future 
developmont in the ares due to this impact wilh tex the resources of the 
local authority to the utmost and 14 will not bo posstule for thom to agsune 
eny additional costs due to vater, sewnge and roads that will be nocessary 
aolely to cerve the CIA instaliation. Congaquently, 1% will be necessary 
for the CIA to be poepared to assume these conta if the development ia placed 
Lhares ; 


3. She road necds will include: 


(1) Provision for » four-lane bridge in the Chain Bridge 
eres, gither by new construction or widening the present bridge. 


(2) Provision for additional lavea on Canal Road ot least 
from Weaver Place to Chain Bridge. 


(3) Additional lance on the present state road from Chain 
Bridge to the CIA entrances 


(4&3 Conateuction of the George Washington Parkiny from 
Bpout Run to the Publica Roadie Research Station, including sawe additional 
right-of-way cost due te the rise in land costs which would follow tho 
edoption of the gite by the CIA. 


(5) Inprovesent of Veaver Place at least from Canal Rond 
to Machrthar Bowlevard. 


h. Tha CLA proposes to obtain water trom the Palle Church 
supply which 16 presently carried acrosa Chain Bridge by arrangement with 
Arlington Couty. Falls Church has errenged with the Army to construct a 
pipe in the dan which the Aruy is about to build at Little Palle acroas the 
Fotommt. Tt ie then cia als that when Arlington County is no oager 


cy 
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able to furnish Falls Church from tha pipe line ‘across Chain Bridge Falis 
Chureh would be required to construct a pipe line on the Virginia chore 


 fvom the site of the den to connect with their prasent pipe Line leading 


from Chain Bridge to Falla Church. The CIA developuont will impose an 


 pAdttdonsl. burden upon the supply of water being carried scroga Chain Bridge 


and will undoubtedly make it necessary for this above-mentioned pipe Line 
along the Virginia chore to be constructed at an earlier dete than would 
otherwise be necessary. j 


5. The tentative proposal of the CTA was to dump their 
sewage into a county main which is proposed to be butlt along Pinmit Run, 
The finsneiog of this proposed main is by @ revenue bond dasue. The first 
stage of construction ie proposed to aurve 7,000 persong. Any afditional 
sewage load imposed by the CIA development might change the character of 
thig outfall sever and the dispoanl plant necessary to corve ite 


& The epecial comulttee has scen Colonel White's Ictter 

of April & sfdressed to the Chairian of the National Capital Planning 
Comnisaion. It has conoluded that the new igsues raiced by this letter 
whould be referred directly to the Cowuiseios by the staff. 


7. Although thie special committer was expawered to act 
for the Comission, a change of plong has lifted the urgency for action. 
The committee ie accordingly aubmitting a recommendation to the Comission, 
ae follows: = — 

- “RECOHMENDATION: That the CIA opplication to use a alte near 
 Tengley, Virginia be approved wlth the understanding that 
.: thie development will require Yederal assumption of collateral 
Seite to mike the installation oporablia and thet a. radical 
.  @hangs of land use in the area vill be entailed. 


SIGNED 
ve Ae PI 
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WHUREAS the National Capital Flaming Comsisedeon haa received a roqusct 
frou the Central. Intellircnce tgonoy to furnish La views concerning the sevaral 
gites which have been diecussed or othere which 4t may be appropriate to con 
sider ao a hoadquartors for the Agency; | 

WIMREAS mm oxploynest oonter of this subotential sise and inportmes rev 
quires a loostion woll ovlented te other Gewrnwnt egonelea with whieh 2b works 
vogulaxly and to the caunnliy within which 4b da to be Locatods 

WITGAS 4% ts tho duty of the Coordcoion weter the Planning Act of 1952 to 
eornmult axl advice with the Regional Planning Cowell and the local planing 
sganetes dn the territory affected, 4£ Governsont ontablicinents are located fn 
the environs of Vashingtony 

Nox, TMNITONE, BE If RESOLVED that consideration be givun to any of the 
following alternative Locationst | 

de tu the central aves of tho National Capital within arose alrosdy 

authorised fox public buildings by the Congrese and tu ascord= 
anoo with genovel plans heretefora approved by tiie National Cap= 
Stel Plaming Comdssion tewanls which major comituents have — 
alyoaty been meade, such ag dn the Northwoot Reclangin: 

* 2 I Virginia, within rolstively clone proxinity to either tho ine 
tarmdiate or outer elroeusferontiols, end in a locality whore 

‘thor ts alxeady oetablished a nucleus for an urban enviroment 

which on establichoent of such eize would stimulate and whore 
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publio factiitins ond services aro alrwady avaliable or ean 
rendily be extondod, such as dn tha vouthom pert of Potnfex 
Comty, da Springticld, or in the newly ammeod portions of 
3e tn wuiburben Moryland, where requircnonts elmtler to those eet 
forth for the Virginia area con Lusewios be act, bub not dn 
comumiition within whieh lange Goverant egencies heave ale 
mandy bean established; ond | 
Be TT FURTIAR Reso, that if thig Agency da loeated outside the Dio 
trict of Colusbla, the location ond plang for the Integration of the estab 
ishwnt into the surrowuling cormmity shall be developed in commiltatton 
with the leoal ploming sgoney as woll as with the National Cspital Plating 
Commission ond the Roptonal Flaming Comedl. 


«20 
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